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Contract dated June 2h, 1956 


Rycon Matufacturing Company 
Pasadena, California 


Gentlenen: 


1. MPFECTIVE DATE OF TERMINATION. You are notified thet 
your Contract dated Fume 2h, 1958, (hereinafter referred to as 
"the contract") 1a hereby terminated for the convenience of the 
Govermaent, in secortance with the clause hereof entitled 
“Termination for the Convenience of the Govermment". Such 
termination will be effective on 15 December 1958. 


2. CESSATION OF WORK AND IRYCIFICATION TO YOUR memprare 
SUBCONTRACTORS, (a) You shall step all work, make no further 
Shipments, amd place no further orders in comection with the 
contract, except (2) to the extent that you may wish to retain 
ami continue any work in process or other materials for you 
own account, or (2) to the extent the Contracting Officer euth- 
orizes you to contimue work-In-process for reasons of safety, or 
to elear (or avoid damige to) equigment or to avoid fomediste 
complete apoilage of work-in-procesa having @ definite commerical 
Value, ar otherwise to prevent undue loss to the Government. (If 
you believe the authorization referred to in subparagraph (2) above 


telephone ov personal conference and obtain 
shall keep adequate records of your conpliance 
with this yerscrmyh 2a) showing (1) the effective date of such 
termination, end (14) the extent of completion of performance on 
such effective date. 


(>) You shall give notice of termination to each of your 
immediate subcontractors ({acluding suppliers) who will be 
affected y. ve termination of your Contract. In auch notice 
ieee ie 2) give bim the mutber of your Can t or Purchase 

» (2) state that it bas been terminate (or terminated in 

if that ie the case) for the conventence of the Govermnent, 
3) instract him to step all vork, to make no further shipzenta, 
to place no more orders, end to terminate all aubeontracts under 
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this eontreet with you jaciees te the sauc exceptions 
atated in paragraph 2(a), (4) directs nim to submit his 
settlement proposal promptly in order to expedite settle- 
ment, and (5) request him to give afimiler notice ant in- 
structions to his immediate subcontractors, 


{e) You shall notify the Contracting Officer of the 
mumber of articles completed under the Contract and still 
om hand, ond arrange with him for their delivery or other 


* 


(4) You shall forthwith tranafer title to and deliver 
te the Govermument, in accordance with any instructions of the 
Contracting Officer, all itens of teraination inventary {in- 
eluiing subcontractor termination inventory which under the 
terms of the subcontract ox purchase order concerned you have 
the right to take over) of the following types or clagees: 


(e} You shall notify Contracting Officer of any . 
Ming legal proceedings which relate to any subcontracts 


encumbrance on any termination inventory other than termination 
inventory you propose and are authroised to purchese, retain, 
ar dispose of. (The Contracting Officer aball also be promptly 
ment) of any each proceedings brought after receipt of this 
Hotice. ; 


(f) You shall take much other action as may be required 
by the Contracting Offieer or under the termination clause 
eontained in your contract. 


3. TEAMINATION INVENTORY. In comnection with settlement 


hk. COMPLETED ARTICLES. Subject to paragraph 5-502 of ASPR 
you will invoice mcceptable completed articles under the contract 
in the umwal way and not include thea in your settlement proposal. 
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shall be sutmitted on Form DD-5k0 entitled “Settle 
mont Proposal. (Inventory Basis) or ty letter consisting of 
generally the same information as required by said form. 


6 PATHEIS. Your attention is called to any provisions 
of the coatrect which may require you to make @ disclomre of, 
end to deliver to the Government instruments of license or 
assigment reepecting all inventions, discoveries, and patent 
applications made by you in the performance of the contract. 
You are urged to forvard such disclosures and instruments 
of License or assignment to the Contracting Officer promptly, 
inageuch ag these contractual cbligations must he complied 
with before execution of the final settlement agreement. — 


7. GEPTLEMENTS WITH SUBCONTRACTORS. ‘You remain liable 
to your subcontractors end suppliers for claims arising by 
reason of the termination of thelr subcontracts or orders. 


ag posaible. For parposes of reimbureesent ty the Government, 
aoe Sete is Sy eee ee oes oe Peete 
ani 5 of Section VITI of ABPR 


8. Please execute the original end five copies of this 
Letter Notice of Termination and return the original and four 
eopies to the undersigned. One copy may be retained in your 
files under such security conditions as the Government may 
iepose. Copies of this Letter Notice of Termination will not 
be made without the dovermuent’s permission. 


Very truly yours, 


TRE PERKIN-ELMER CORPORATION 
FOIAb3a 


FOIAb3a 


e@ Vice President, Engineering 


«3- 


Approved For Release 2001/08/07 : CIA-RDP81B00879R000100040095-7 


